(Ireland,) 



Copy of a REPORT made by The Directors General of 
Inland Navigation, to The Lord Lieutenant oi Ireland, 
dated the 1 2 th March 1813 ; together with a Report and Estimate 
by M.V. Killaly; on an Extension of The Royal Canal from 
Coolnahay to the River Shannon near Tarmonbarry. 



TO HIS GRACE THE LORD LIEUTENANT, 
&c. &c. &c. 



N av jgation-Office, 

12th March 1813. 

MAY IT PLEASE YOUR GRACE, 

TN obedience to your Grace's Commands, signified by the Right Honourable 
-I Mr. Peel’s Letter of the 24th November last, we immediately directed 
Mr. Killaly, Engineer, to make a Survey for continuing the Line of the Royal 
Canal from Coolnahay to Tarmonbarry. 

And having received Mr. Killaly’s Report, accompanied with a Map and 
Section of the proposed Extension of the Royal Canal, and an Estimate of the 
Expense thereof, amounting to One hundred and ninety-eight thousand one 
hundred and ten Pounds, Five Shillings and Four Pence. 

We humbly beg leave to submit the same for your Grace’s consideration. 

• We have the honour to be, 

&c. &c. 

(Signed) S. Hamilton. 

Robt. Rutledge, 
Miciil. Burke. 
Jos, Kemmis. 

His Grace the 

Lord Lieutenant, &c. See. 



TO 
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REPORT OF DIRECTORS GENERAL OF 



10 THE DIRECTORS GENERAL OF INLAND NAVIGATION- 

_ Tuilamore, 3d Mardi, 1813. 

T ^ ^ ir'® ^ Ex.endon of ll.e Royal Canal 

A iJiini Cooliiiih.u to llie River Shannon near lurmonbany, which I conceive m'lv be 

Emd ‘^•M’ense, timii any other Line between the iLval 

Lanai and the same point of (erntiniUion. • 

From Coohialiay to one mile and a half beyond Balnacarig, I follow nearly the course 

l L OHNei cd ^ or materially lessen tlie difficulties that 

nbff Kh id-’ over the vale of the Rlackwaler, a consider- 

T T“’r"i® ^;'’*y‘««S‘eary Bog, and several heavy embank- 

nien-s ho.n thence to lerheken. In. avmdmg those difficulties, I make •’ " 



inalion one mile longer than Mr. Jones’., 
Inny, I save nearly that extent of circuity 
and Terlickea. 



-• — - the Line to Bailv- 

biit oy jireserving a iiigh level after crossing the 
passing round tlie high lands of Mullavormi 



oiilbj Ml. Jones, but tioiii a ciiffereM disposal ot the Locks. 1 am enabled to make some 
ilia.eri.il savings 111 the e.vpense ; 1 pass near lo the villages of Kemigh and Kellasliee and 

terSnalini“"I'X “'‘= =‘ ‘l>e iMad «f the CJooiidrali Canal ; bv 

term natmg at this point an expensive Aqiieduct is saved, that should be built over tli'e 
Cainlin River, were the Line to join the tanal near the Lock as was latdj “opoS. 

TtyreZl '"''■“"y ‘he Like formerl, kid out by Ml. Evans, passing near to 

Te licken thatZoS .difficult of execution in tile lands of lloam and 

, r ZZimi r. ® '’“'"S ht that direction, particninriv when 

a Line riiiinmg but one mile to tlie Soiilliwest of it, and affording cnual advantages to the 

SZuhrr/h *'“> »“ b-de SeaiS of „ 

at least^ T mmntm 1 “m of opinion, that it would require ten yeare 

finisS infourZ "hereas tiiot which I have laid out may be readily 

Althoiigh some miles of the proposed Extension is verged by bog, the Line is innonart 

fliJ r„e1rpmZrry’ r^Zeed r.a.sage Trade, as 

I liZZlren kdZnmlltll,7o”fh" 1" Level, 

for the Srer l^re s i J ; °de^^^ 1^';“”'““ ™y he had 

he o,m„ed on deUichid paifs JZ Lin^-J^JiiSltt ttigli’lte”'' 

-,nrai!£z;i=:z“:';:gcSisrz?^ 

The diiDensions of the Canal I have calculated on as follows : viz. 

32 leet wide at bottom 5 
40 feet wide at water surface • 

6 feet depth of water in Canal; 

T-i T , , ^ - '« Lock Cills. 

Ihe Locks and Bridges to be of equal dimensions with ftose lately built. 

I have the- honour to be, &.e. 

(Signed) John KWal^. 



'GENERAL ESTJMATE. 

Locks. 

14 fromCoolnahaylonearBallymahon - - . iT , 

^^from thence te River Shannon at Tannonbarry 1 if 



1 Locks, 



£■ s. d. 
118,208 . 3 — 
7y,Q02 2 4 



Totai. 



" 4 h “ ,£•.198,110 5 4 



(Signed) . Jo^n KiUaly. 
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INLAND NAVIGATION, IRELAND. 



ESTIMATE for exlei.iling tl.e ROYAL CANAL from Cooikaiiat to oear Balitaiaiiom. 



- in Coolnaliay to 1st Lock - 

- to 2nd Lock - 



- Clay ami Gravel 

- ditto and Stones 

.to 3d Lock - - - - - ditto - - - ditto 

to 4tl) Lock - - - _ - Ciay.GravelandRucks 

to 5lii Lock - - - _ . ditto - . - 

to 6‘th Lock ditto ... 

lo7ihLock .... -ditto - . . 

to 8lh Lock - ... - ditto ... 

in Haboe ..... chiefly in Moor 
to pth Lock - - - . - Clay, Gravel and Rocks 

to 10th Lock ----- ditto and Moor 
to nth Lock ----- ditto and firm Bog 
to 12th Lock ----- Clay,GravelaiidStoiie3 
to 13th Lock ----- ditto ... 

in Rathkelet ----- ditto ... 

in d® over Vale of Blacfcwaler - - on moory Clay 

in Ballymagleary and Clonbrin Bogs - pari firm and part soft 
in Lands ol Clonbrin ... Clay and Gravel 
at and over Hiver limy - - .. . 

tliioiigh Drunmiin - . - - Cluy,GravelandStoncs 



Embankment ■ 
Sinking - 



Embankment 
Sinking • 
Embankment 
Sinking - 



- ditto and Moor 

- ditto and firm Bog 

- Clay,GravelaiidStone3 

- ditto ... 

- ditto ... 

- on moory Clay 



Embankment 
Sinking - 



Embankment 
Sinking - 



- Clny.GravelandStones 

- ditto - - - ditto 

- cliieflyMoor&firmBog 

- Clay,GravelandStones 



over Stream - 

•in Tinnelick to 14th Lock- - - Clay.Grav-elandRocks 

to Stream - ditto - - - ditto 

over ditto - - - . -. _ ... 

in Kilnecarra - - - . - Clny.GravelandStones 

to Balnacarig Road - - . ditto - - . ditto 

to Road to Barry - - . - chieflyMoor&firmBog 

!n focain - - - - . Clay,GravelandStones 

over Stream - - - 

thence to near Ballymahon - - Ciay,Gravel and Stones 

Soling Trackways - 
Gravelling Trackways 

Sinking Foundations of Locks, &c. and keeping out Water - 
Puddling Canal in various parts 

Making Boundaries, including those round Lock Gardens 
Making and repairing Roads to Quarries, Ate. also Supply") 

Drains 

Backing and Puddling Locks, Bridges, &c. - - - . 

Sodding and Rushing at Water Surface .... 



- Ciay,Gravel and Stones 



Perclies. 


linking, See. 


Rate per 


AMOUNT. 




ft. in. 


£. *. r/. 


£■ »■ d. 




5 0 


35 — 


SI 5 — 


50 


5 0 


3 5 — 


162 10 — 


50 


5 0 


3 5 — 


162 10 — 


358 


7 0 


6 




6‘6' 


fi a 


3 lO — 


250 16 


66’ 


6 0 


4 8 -| 


290 S — 


6'0' 


6' 0 


4 8 — 


290 8 — 


O'ti 


5 6' 


3 16 — 


3.50 16 — 


i7y ^ 


6 0 


3 3 — 


5(>3 17 — 


; ICO ' 


5 0 


39- 


345 


204 


O’ 3 


4 


SlO — _ 


238 


0 0 


3 15 — 


892 10 — 


U6 


5 0 


3 5- 


474 10 — 


115 


5 0 


3 12 — 


414 


93 


0 0 


4 8 — 


409 4 0 


160 


12 0 


20 10 — 


3,280 


330 


12 0 


8 


2,640 


UO 


0 6 


4 15 — 


665 


50 


10 0 


15 5 — 


762 10 — 


248 


' 6 0 


4 8 — 


1,091 4 — 


6‘2 


18 0 


•V8 


i 2,970 


104 


8 0 


7 4 — 


748 16 — 


38 


5 0 


3 5 — 


123 10 — 


IS 


10 0 


13 5 — 


238 10 — 


228 


7 0 


5 5 — 


1,197 


385 


6 0 


4 15 — 


1,828 15 — 


275 


9 0 


6 8 — 


1,760 


160 


5 0 


3 5 — 


520 


40 


15 0 


32 15 - 


1,310 — — 


80 


5 6 


3 12 — 


288 


SOO 


- 


_ 4 — 


)(7o 


4,140 


- 


— 26 


517 10 — 




. 


- 


1,200 




' - 


- 


1,200 


8,()50 


' 


— 26 


1,081 5 — 


• - 




- 


300 


- - 


- 


- 


2,500 — — 


7,900 


■ 


— 4 — 


1,580 



■4 Single I.ocks, Lockgates, Machinery, LocUhouses, &c. - - - . - - _ 2 ,d 00 10,000 

5 Ditto, with public Road Bridges on Tails - 2.t)20 l-i^GOO 

• 5 Ditto, with Accommodation D“ D* - 2 SOO 14 000 

4 Public Road Bridges - - ’55O ^’200 

7 Accommodation Bridges - 450 3 150 ~ 

■•I Aqueduct over River limy of 5 twenty feel arches - - - - . . - .... 5000 

1 twelve feet Tunnel for lilackwater Stream ’fioO 

4 eight feet Tunnels - - - - - - - - 4.>y j gjjQ 

1 six feet -D®- - - - . . . . . . . _ _ 

.5 four feet - I>“ 050 2,250 

4 two feet - D® . - |00 400 — 

4 eighieeniuch D® under Bridges ........ Qr lan — 

4 Supply TunnelB - " 50 _ 

100 400 ~ 

4 Ulftake Tunnels c,q oqq 

AStop Gates ~Go — 

Barbour Quay Walla, &c. - - ..... - 2,000 

®«sls, Pump, and Slachinery - - . - - - . . . .... ’(/qo 



1,6’80 

S20 

2,250 

400 

140 

120 

400 

2(10 — T~ 

6‘0 — -r- 



LAND. 

£• £■ 

furehase of 180 Acres of Arable Land and Pasturable Bog, at 20yearspurchase - - - 50 9,000 — — 

D® of Cabins, 6tc. in Line of Canal - say 150 

II® of Quarries, Sandpits, and Roads leading to them, &c. - • - - - ---- 350 — — 
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REPORT OP DIRECTORS GENERAL OF 



Hartliwork £• f- 

Slasoiiry II*'" ~~ 

laud - ’ — ” 

Contingeucies, ISperCenL - - - . "f! ^15’418 ^9 H 

Total from Coohiahay to Ballymahon * - 118,208 3 



ESTIMATE for extending the ROYAL CANAL from ne.t Bxhyhxiiox to tie River Siiisxos 
near Tahmoxbarry. 



Sinking - - 
‘Erobankmeni 



I)* - - - 

D° - - - 



I)- - - - - 
D® and some 
Embankuietu 



in Ballybranagtm and Drynan - Clav, Gravel and Stones 
in Moygh 

in Cartronboy and Laragb.to f Clay, Gravel and larse ? 
55th Lock - - - -I Rocks - . -f 

5 m Mullavorna and Terlicken, 1 „ 

I to Road - . - _ f '-•ay, Gravel and Rocks 



in Foygh . - - 

in Clonbraney 
to Mosstowii Island 
in MosBtown Island 
in Mosstown to iffth Lock 
[ in Coolnahiuch - 



in 17H1 Lock 
in tlie Lyncens 
ia-Clonshearen 
to IStb Lock 



Clay, Gravel and large I 
Slones - - _ t 

- D« - D* - 
part firm and part soft Bog 
Clay, Gravel, Rocks and ) 



• Clay, Gravel and Stones 
_ C Clay, Gravel, Rocks and \ 

i some Moor - - J 

* Clay, Gravel and Rocks 

- Clay anri Gravel - 

- Firm Bog - . . 

_ f Clay, Gravel, Stonesand ) 

i some Moor - _ j 



„ , , . 1 some Moor - . ( 

- “WlLock - . . Cloy, Gr.vel end Rook- 

- BallydrumandCorrygarrow- D® audsome Boa - 

- in -Bcgnaiigh-to High Road- - Firm Bog - . 

In n" ' ^ ' * ’ ■ D°Clay,Gravel& Stones 

■ ‘ - -Soft Wei Bog - . 

- to 20th Lock - - - -Clay and Gravel - 

_tmClogher andClonndraghtoJChietly Quarry, with ? 

i 21st Lock - . some Moor - -f 

rto River at Head of Coon- 7 ■’ 

"i drab Canal - . 

Soling Trackways . 

Gravelling Trackways- 

■SinkingFoei.ailions'of Locks, Ac. ,iid kecping-ool’wate'r ' 
1 uddling Canal ill various Paris - - - . . 

Making Boundaries 

Making and repairing Roads to Quarries, Sandpits, &c - ' 

Backing and Puddling Locks, Bridges, &c. - 1 

■Sodding and Rushing at Vfater SurTace ’ - - ’7 



1 Single Lock, Lockgates, l\Iach1nerv,&c. - - . _ , 

2D» - - - with Public Road Bridges on Tails . - I I I “ ' ‘ ‘onvo 

4 JJ - , - with Accomniodation - D“ - . ’ 

7 Public Road Bridges - " 2,850 

9 Accommodation Bridges _ . _ 550 

7 Four-feet Tunnels 
’6' Two-feet Tunnels 

5 IS-iucb Tunnels under Bridges - . . . " ' * " " ' 100 

J OverfaJrS - 35 

3 Ofl-takeTunnels ,100 

3 Stop Gates - 

Warbour Key Walls, iVc. 

.teats. Pumps, and Machinery - 



Total Masonry 
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